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MEMORANDUM FOR THE RECORD 
SUBJECT: Movable delving Project, 


25X1 A6a 


25XiA5a1 


1, An onsite meeting was held 24_Junejg7^to review piogress of 
subject project and resolve deficiencies, 

2. Attendants: 


25X1 A5a1 


Contractor 


25X1 A9a 


25X1 C4e 




I 


Engineering Branch Engineer 


25X1 A i 

3. The contract for movable shelvi ng in^^^^^^^^^Jwas issued i n 25X1 Aoa 

1^0 1 February 197Tto|^^^|^^^^^^^^^^^|Co, by 

to proceed (NTP) was issued on 15 March 1971. The first increment requir^X1C4a 
two bays of shelving to be completed and accepted 60 days following the NTP. 
the contractor is 100 days into the contract, and the first increment requires 
several weeks additional work prior to completion. The role of inspection 
bar been very suspect and has resulted in poor qtiallty work and delays in 
making decisions on proceeding with the work. Specifically, the concrete 
work was of very poor qviality which resulted in cracking, breaking, not 
bonding, and generally out of tolerance. 
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SUBJECT: Movable Shelving Project, 


5X1 A6a 


25X1 A5a1 


25X1 A9a will request the engineer be called 25X1 C4a 

in to resolve the necessity of a metal channel on future work. The 
method of anchoring the rails to insure that they remain straight, 
level, and -vertical will also be investigated. 


25X1 C4a 


e. The contractor is s ubje ct to $100 per da^y delay damages for 
not delivering tire first two bav a .within the required 60 days . T o d ate 
^^H||HH||h^8 withheld $2600 frqm^ t^e c ontr a c to r * s r egue st for payment. 




SIGNED 


Project Engineer 


25X1A9a 


Distribution: 


P Original - OL/RECD Official 

OL/RECD/FEngB Chrono 

25X1 A6a 

4 '-* OL Reader 

25X1 A9a OD/RECD/FEngB/^^^^sl/3023 25X1 A9a 


25X1 A9a 


30 June 1971 
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